BILL NO. TR | 
hake | 
SPECIAL ORDINANCE No. s-- / eas 


AN ORDINANCE approving Change Order 
NO,- 1- for Res. 60737867 Taylor 
Street from Electric to Frary, with 
Gaines Construction Company, Inc., 
in connection with the Board of Public 
Works and Safety of the City of Fort ! 
Wayne, Indiana. 


NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL 





OF THE CITY OF FORT WAYNE, INDIANA: 
SECTION 1. That Change Order No. 1 for Res. 6073-86, 
Taylor Street from Electric to Frary, with Gaines Construction 
Company.,: ince po cen connection with the Board of Public Works and 
Safety, for: 
this Change Order is necessary 


because final field measurements 
under ran proposed quantities; 


involving a net decrease of Three THousand Seven Hundred Seventy- 
Seven-and 65/100 Dollars ($3,777.65), all as more particularly 
set forth in the specifications, which is on file with the Office 
of the Board of Public Works and Safety and is by reference in- 
corporated herein, made a part hereof, and is hereby in all things) 
ratified, confirmed and approved. 

SECTION 2. That this Ordinance shall be in full force 
and effect from and’after its passage and any and all necessary 


approval by the Mayor. 


opt aD 
Councilmember 


APPROVED AS TO FORM j 
AND LEGALITY 





er, City Attorney 








full anc on motion by 
and dyly adopyea 





ne second Gaim: 
(and the Ci: 
tO So held aftcr 


nty Building) Fort Wayr 











Hoa vane 
“COU 









SANDRA E. 


pa full and on motion by Cll! $ 


Read the & 





















seconced by ‘ , and duly adopted, placed Oni itz 
passage. PASSED : (F) by the tollowing vote: 
AES NAYS ABSTAINED ABSENT TO-WIT: 

TOTAL VOTES y mN 

BRADBURY ET E 

BURNS eae? TE 

EISBART E ac E 

GiaQUINTA KEA ae 

HENRY il an 

REDD C A 

SCEMIDT DOT aS 

STI=2 wie te 

TALARICO ET DUA 








DATE: Legh ee ee ie ae 
SANDRA E. KENNEDY, CITY CLERK 


Passed and adopted by the Common Council of the cacy os Forti 


Wayne, Indiana, as (ANNEXATION) (APPROPRIATION) (GENERAL) 
(SPECIAL) (ZONING-MAP) ORDINANCE ( NO. 4 Ne ses = 


on the 2 Y day of EO F A 


: ; Y Shs Sg ye 


SANDRA E. KENNEDY, CITY CLERK ~ : PRESIDING OFFICER 










Presented by me to the Mayor o he City of Fort Wayne, Indiana, 


on the Qo ef day of 
SR Saal et cet ©, 
. ( 
at the hour of {f+ GO o"clock 






SANDRA E. KENNEDY, CITY CLERK 


Approved and signed by me this QG* day of TF , 
7 A à ; 
19 57 , at the hour of eae Se O'clock a Mer BSST. 





WIN MOSES, JR., MAYOR 


ge 77-252 -3/ 


CHANGE ORDER 2A) 

oes 5) 
Change Order No. 1 Resolution No. 6073-86 
Project No. 10,641 Board Order No. 294-86 
Name of Project Taylor St. From Electric to Fray Date 6/23/87 
Tos GAINES CONSTRUCTION CO., INC. Bar JUN 29 PH od: GS 


(Contractor) 
Gentlemens 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 


Item Description of Change Change in Contract Price 
No. | Quantit Unit Price 


pa ae Final Field Measure of all fe Seta 83471265 sie | 


| 


quantities under Ran Proposal i 


Quantities 


Sas e a a ae 


Total Decrease 


Total Increase 


Net (Decrease) (&manease) Contract Price Lae ae | | 


The sum of $ 3,777.65 is hereby (addedsxta) (deducted from) the total contract 
price, and the final contract price shall be adjusted as follows: 


Original Contract Price 
Current Contract Price Adjusted by Previous Change Order 
New Contract Price Including this Change Order 


$ 16,543.50 
oe See 


$ 125765 :85 


The time provided for completion in the contract for this project is (unchanged) (ingxeased) 
(deexreased} by calendar days due to this Change Order. The date for completion 
of all work shall be . Furthermore, this document shall become an 
amendment to the contract and a}l provisions of the contract shall apply hereto. 


Recommended by: ThE [sf F. paS : Chief/ L44 Engineer 
E EREE by: A La Contractor 
Approved by: | eco Ki Eee a City Engineer 


Approved or LE >a L I Kez 
(Tas KA, Yi oa 





Change Order 


This form is to be completed for any project requiring Board 
of Works justification at City Council. This complete form 
is to be in the Board's office no later than 2:00 p.m. on the 
Tuesday of introduction. 


Resolution/Ord. No. _6073-86 Description__12¥10r Street 





From Electric Street to Fray Street 





Original Contract $_ 16,543.50 Prev. Chgs. $ 
Request is increase of $ % Change + 
decrease of $_3>//7.65 % Change - °¢2-° 


Reason for change (be specific and quantify): 





Final Field Measurements under Ran Proposed Quantities 


a err eee a ae ee ys ee 
ESP aM A ER RAS E a le Fb a A 
ee A a a A 
Sn a E a aa E 
Is this the final change order expected for this project? 

Yes i ; - ae 
a a 
Why wasn't this projected in the original estimate: 


The preliminary survey was completed in the winter with snow upon the ground. 
A che Maton aa dic i EON Ae Aral a nee O 


uantities were increased in proposal to cover anything missed because of 


snow. 


_——— SSS 


What will we be doing to prevent similar oversights in the 
future: 


If survey can be made prior to winter this problem could be solved. 


Prepared by _Don Niedermeyer Date 6/23/87 


(Attach comment sheet if necessary) 


COS, 
à ; Admn. Appr. _ 


TITLE OF ORDINANCE Change Order #1 for 03: from Electri 
to Frary 


DEPARTMENT REQUESTING ORDINANCE Board of Public Works & Safety 

SYNOPSTS OF ORDINANCE Change Order #1 for Res. 6073-86, Taylor St. from 
Electric to Frary is necessary because final field measurements under ran 
proposed quantities. Gaines Construction is the Contractor. 


BARRARA 























EFFECT OF PASSAGE To facilitate completion of project. ; 


z i LS NEA REE A STEN 


EFFECT OF NON-PASSAGE 








MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Decrease of $3,777.65 


ASSIGNED TO COMMITTEE 





BLE NO. S-87-07-19 i 
Sacre ee a aa Sy O, 


CITY UTILITIES 


REPORT OF THE COMMITTEE ON 
L PEI EE am Pee 


CITY UTILITIES 


WE, YOUR COMMITTEE ON Í TO WHOM WAS 
SS 


REFERRED AN (ORDINANCE) (RESOLUPLON ). approving Change Order 


No. 1 for Res. 6073-86, Taylor Street from Electric to Frary, with 
Gaines Construction Company, Inc., in connection with the Board 


Ofi PUDITE Works and Safety of the City of Fort ‘Wayne, Indiana 


te etait pa ett iano hi 
ih a aR Taha aera a mecca me ES. See 


abe F oe | 
Siac Gly E a ee Oe Spe nee a a N ae 
EE EES Rr Ra a RS eh et RAE 


HAVE HAD SAID (ORDINANCE) (RESOLUTION) UNDER CONSIDERATION AND BEG 


LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 


(RES@EBTXONYX 





YES. 


CHARLES B. REDD 
CHAIRMAN r- _s$q$|_@J wm 


PAUL M. BURNS 
VICE CHAIRMAN 


THOMAS C. HENRY 


BEN A. EISBART 








SAMUEL J. TALARICO 


CONCURRED IN IDEA 7 SANDRA E. KENNEDY 
i CITY CLERK 





